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1.  Meetings: 

i.  Participated  in  weekly  conference  calls. 

ii.  Participated  in  DR  13 

2.  The  following  Shipyard  Question  Submittals  were  reviewed  and  commented  on: 
No  questions  for  this  reporting  period. 

3.  Logistics: 

i.  Continuing  to  review  Vendor  Recommended  Spares  (VRS). 

ii.  Continuing  to  review  Technical  Manuals  and  Supplemental  Information. 

iii.  Continuing  to  work  on  initial  outfitting  lists  for  Sally  Ride. 

4.  Other  Work  Items: 


•  HMR  20,  Second  Galley  Oven  -  DCI  presented  two  options  for  the  operators’  consideration.  The 
Operators’  selected  the  Lang  ECOF  Marine  convection  oven.  This  is  a  high  quality,  high  volume 
oven,  which  is  identical  to  what  the  operators  originally  requested  for  HMR-20. 
http://mobiliariorestaurantero.com/media/PDF%20LANG%20MARINE/ECQF.pdf 

DCI  plans  to  install  the  ovens  during  Phase  II  prior  to  delivery. 

•  HMR  21 ,  Stand-alone  Autopilot  -  Mackay  is  working  on  this  and  has  stated  that  it  will  have  to  be 
the  Yokagowa  autopilot  as  it  is  one  of  only  two  that  can  be  used  with  the  JRC  equipment  and 
meet  the  NIBS  requirements.  Awaiting  specific  details  and  quote. 

•  Scientific  Refrigeration  Boxes  -  The  yard  is  supply  two  refrigerated  boxes  for  use  by  science. 

The  yards  description  of  the  system  being  provided  does  not  meet  the  specifications  found  in  J1. 
More  clarification  from  the  vendor  is  forthcoming. 

•  Sally  Ride  -  DCI  is  moving  some  of  the  large  machinery  and  electrical  equipment  into  the  various 
machinery  spaces. 
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•  Transducer  Vents  &  Head  Tanks-  DCI  has  terminated  the  vents  and  fills  for  the  ADCP  and  single 
beam  transducers  in  the  Transducer  Space.  They  are  not  planning  on  extending  any  above  the 
waterline.  DCI  is  not  planning  on  installing  any  freshwater  head  tanks  for  the  ADCP 
Transducers.  Unfortunately,  the  MES  arrangement  drawing  only  depicts  the  vent  &  fill  lines  in 
the  space.  GPA  had  put  the  ADCP  head  tanks  in  the  Hi  Fog  Room  as  shown  on  the  Transceiver 
Arrangement  Drawing.  DCI  has  now  reserved  that  space  on  the  aft  bulkhead  for  the  Hi  Fog 
booster  pump  controller  and  other  equipment.  Regardless,  the  vents  and  fill  lines  need  to  be 
above  the  waterline.  Possible  new  location  for  the  head  tanks  is  in  the  HiPAP  trunk  at  the  main 
deck  level.  The  single  beam  sonar  vents  can  be  combined  into  one  pipe  run  yet  to  be 
determined. 

ADCP  Transducer  Housing  with  vent  and  fill  line  terminating  in  the  space. 


HiPAP  Installation  -  PEO  now  seems  receptive  to  installing  the  HiPAP  onto  Ride  during  Phase  II 
prior  to  delivery.  SIO  will  continue  to  move  on  this  as  it  will  greatly  reduce  the  scope  and  cost  of 
the  work  scheduled  for  Phase  III. 

HiPAP  Bolted  penetration  in  ship’s  library  overhead. 
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•  EMI  22  Installation  -  SIO  continues  to  advocate  the  installation  of  the  EMI  22  rails  prior  to 
delivery.  At  the  very  least  SIO  would  like  the  holes  drilled  for  rails.  If  the  EM71 0  can  be  done 
prior  to  delivery,  all  the  better. 

•  Sally  Ride  Move  -  Ride  was  moved  to  the  Rails  without  incident. 


•  Sally  Ride  Rudders,  Struts  and  Stern  Tubes  -  Both  rudder  fairings  have  been  machined  in  place 
and  are  ready  for  the  rudder  posts.  The  port  and  starboard  struts  are  fully  welded  and  ready  for 
machining.  Both  stern  tubes  are  fully  welded  and  ready  for  machining. 
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ABS  Call-Outs  -  No  reportable  defects  noted. 


AGOR  27* 

MOD  3:  HiPap  Trunk 
Transducer  Room 

AGOR  28* 

MOD  1 :  Anchor  Chain  Locker 
MOD  9:  Wet  Lab 

Uptake  (Foc’sle  Dk  to  01  Dk) 
MOD  14:  Mast 

Water  Tight  Testing  *: 

Port  Lights  Port  side 
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26/E 

AGOR27 

A027- 

21 

DWG  Report  -  EQUIPMENT  REMOVAL  DRAWING 
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AGOR27 

A027- 

38 
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SYSTEMS)(DARC  REV) 
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